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Account 9009.13—Jet Condenser Dry Vacuum Pump—Painting.
(See account 9006.2.)
Account 9009.21—Circulating Pumps—Foundation.
These are about 15 ft. by 20 ft. by 10 ft. and are similar to 9006.01 in other respects.
Account 9009.22—Circulating Pump—Cost and Erection.
These air pumps furnish the circulating water for the barometic condenser. The cost here includes the price of the material listed below and the labor installing the same.
Two 35-h.p., 440-volt, 60-cycle, 570-r.p.m. motors,.........   $1,687.50
Two 2 Lobe cycloidal jumps, 14 by 12, 17.8 gal. per rev.....     2,341.41
2 oil switches, 660 volt..................................         39.89
Miscellaneous...........................................         66.88
$3,535.68
Account 9009.23-—Circulating Pumps—Painting. See account 9006.2.
Account 9010.01—Air Compressor—Foundation.
This concrete is 10 ft. by 20 ft. by 15 ft. high. In other respects it is similar to 9006.01.
Account 9010.02—Air Compressor—Erection.
This account covers only the erection at the smelter of the following Ingersoll-Rand two-stage compressor. It was bought from the mines and erected at the smelter power house. The- compressor has a steam-driven cross-compound Corliss engine. The steam cylinders are 13 in. and the air cylinders are 22 in. and 13 in. and the common stroke is 36 in.
Account 9010.04—Air Compressor—All Piping Except Steam.
This account covers the cost and erection of all the piping to the Ingersoll-Rand Co. compressor except the steam piping.
Account 9010.05—Air Compressor—Wrecking and Transportation. This account covers the labor of tearing down this compressor at Morenci, loading it on cars and the freight to the smelter.    Such material is charged as was incident to these operations.
Account 9010.06—Air Compressor—Installation of Air Receivers. This account covers the labor of installing a small air receiver in the power-house basement, for the compressor.    No charge was made for the receiver. t«t«, .,,,...,   ,.,.,..,   , ,   , . .   ..,,,..,.       191,99
